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REPORT 


to the 
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and . 
Water Conservation Works 


‘July 7, 1952 


Honorable Board of Directors: 


Gentlemen: 


As instructed by Resolution No. 301 of your Honorable Board 
adopted March 3rd, 1952, this report has been prepared and is hereby 
presented to you showing the works to be constructed and property 
to be acquired, convenient or necessary to serve and fulfill the pur- 
poses for which the District: exists. 


This report is supplementary to “Report on Proposed Lexington - 


Dam and Water Conservation Works” dated August 19th, 1947, and 
approved by your Honorable Board on the 2nd day of September, 1947. 
By this reference said original Report is herein incorperated, and made 
a part of this Supplemental Report. 


Work Completed 


The new Ryland Dam, a diversion structure that replaces the old 
Jones Dam which will be inundated by Lexington Reservoir, is com- 
plete. About 90% of the other facilities that must be replaced belong- 
ing to. the San. Jese Water Works are completed.. New access roads 
necessary to the project are 80% complete. As yet only a very small 
part of the necessary land has been purchased.. The Lexington: Dam 
is now being constructed and will be completed by early winter of this 
year (1952) so that the floods of the 1952-1953 winter will be captured 
by the Lexington Dam and stored in Lexington Reservoir for. percola- 
tion in the year 1953. 


Additional Funds Required 


The cost of the Lexington Dam Project was obtained. from 
estimates made in the summer of 1947 with the expectation that the 


project would be constructed in 1949. But due to delays beyond. the — 
control of this. District (principally the relocation of the Los Gatos- 
Santa Cruz Highway through the dam site and through part of the... 
Reservoir site) it was impossible to contract the construction of the: 
dam until the late spring of this year (1952) .. During the past five years 
there. has been a considerable increase in all construction costs and an 


increased costs, encountered in all phases of the Lexington Dam con- 
struction, resulted. in a substantial deficit of funds available for: this 


-project: To meet this deficit, the District will require considerable 


funds over and above its ordinary revenues. 


Bond Issue Recommended 


It is estimated that the sum of $850,000.00 will meet the cost of 
acquiring the remaining lands and constructing the remaining works 
of the said Lexington Dam Project, as outlined above, as well as the 
cost of the bond election and the administrative, legal and_.clerical costs 
incidental thereto, and it is recommended that the authorization of the 
voters of the District be sought for a bond issue in said amount for 
said purposes. In the event there remains from and out of said sum 
of: $850,000.00 a surplus after the construction of said Lexington’-Dam 
and appurtenant works and the. acquisition of the necessary lands, and 
rights of way, for said Lexington Dam and Reservoir, as well as the 
cost of the bond election and the administrative, legal and clerical costs 
incidental thereto, it is recommended that such surplus be used for the 
completion of other works, properties and structures neceéssary.and 


~ convenient for the conservation works of the District. 


DATED: July 7th, 1952. 


Respectfully submitted by, 
G. W. HUNT, 
Chief Engineer. 


SANTA CLARA VALLEY WATER 0) 
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